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MEMORANDUM FOR THE RECORDS 

SUBJECT; Concurrence in Amendment No, 16 to Contract No. A -101, 
with the Ramo-Wooldridge Corporation - Project 
(CHALICE) 


1, This memorandum contains a recommendation submitted for 
approval of the Special Assistant to the Director for Planning 
and Development, Such recommendation is set forth in Paragraph 

5. 
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2, Contract No, A -101 and Amendments Nos, 1 through 15 
thereunder provide for the research and development and production 

in connection with electronic systems and supporting equipment 

being procured for CHALICE, Office of Communications, PFS/AMD | | 

1 Amendment No. 16 adds additional CHALICE funds to ) 
cover the addition of System No, 6, Field Servioes for the first 
six months of 1958, and modifications to Data Reduction Racks, 

The greater part of funding required for CHALICE was taken from 
funds already obligated and available in the contract for additional 
work. Office of Communications funds were added to cover Field 
Services for the first six months of 1958, 


3, Funding for Amendment No, 16 is as follows; 


ACTIV E IMS: 


MW 



funds have been noted for obligation or liquidation as set forth 
above. 


•(Returned to PFS/AMD by SAPC-24802) 


4* Certification of funds for this contract will be handled 
under the procedure approved by the Director of Central Intelligence 
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on 15 December 1956, which in effect results in all 10(b) expenses 
Involving issuance of Treasury Checks being accumulated in a 
separate account within the Finance Division. The amounts in this 
account will be periodically scheduled for certification of the 
vouchers by the Director. This procedure eliminates the necessity 
for a separate certification of authority under Section 10(b) of 
Public Law 110, 81st Congress, for each contract. 

5. Approval of Amendment No. 16 to Contract No. A-101 and 
execution thereof on behalf of the Agency by the authorized 
Project Contracting Officer is recommended. 


25X1 A 

Contracting UiTicer, DR5/DC1 
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CONCURRENCES; 


director 61 JJ and P, UPK/UCi 



Comptroller, DPS /DC I 
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